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MEMORANDUM FOR THE RECORD 


SUBJECT: Concurrence in Amendment No. 5 to Contract No. SC~56, 
Lockheed Aircraft Corporation, Burbank, California 


25X1A | OR Project Aquatone, 


1. This memorandum contains a recommendation submitted for 
approval of the Director of Central Intelligence. Such rec- 
ommendation 4s set forth in Paragraph 6. 


2. Contract No. SC-56 covers the furnishing of technical 
representatives for Project Aquatone for the period 1 April 
1956 through 30 June 1958, 


3. Amendment No. 5 incorporates a new type of Employucut 
Agreement, provides for reimbursement of employees who have 
remained with the Detachments beyond their initial term and 
establishes fixed rates in lieu of provisional rates for the 
period 1 July 1957 through 30 Jume 1958, Also provides for 
the right to renew the contract to 31 December 1958 instead 
of the present date of 30 June 1958, . Jad a Gi 

| v eae eal 
4. Amendment No, 5 adds BM which 1t is estimated 


25X1A - will cover the costs through 30 June 1958, Thia amount should 


be obligated during FY 1958 against Aquatone funda. By concur- 
rence to this memorandum the Project Comptroller signifies that 
sufficient funds are available for thia additional obligation. 
This results in a total funding of this contract as follows: 


1956 Aquatone Funds 
25X1A 1957 Aquatone Funds 
1958 Aquatone Funds 

Total 


1 April 56430 June 5° 
1 July §€-20 June 57 
1 July 57-30 June 58 


5. Certification of fimds for this contract will be handled 
under the procedure approved by the Director of Central Intel- 
ligence on 15 December 195¢, which in effect results in all 10(b) 
expenses involving issuance of Treasury Checks being accumilated 
in a seperate account within the Finance Division, The amounts 
in this account will be periodically scheduled for certification 
of the vouchers by the Director. This procedure eliminates the 
necessity for a separate certification of authority under 
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Section 10(b) of Public Law 110, Slat Congress, for each contract, 


G. Approval of Amendment No. 5 to Contract No, SC~56 and 
execution thereof on behalf of the Agency by the authorized Project 
Contracting Officer 1s recommended, 


25X1A 


Project Contracting Officer 


CONCURRENCES : 

sce sta he A Al ooo ean A se ee Recommend approval requested | 
Project Director of D and P be granted, | 
SR RA em AEA AE TN SPE FE TRIO 

Project Comptroller RICHARD M, BISSELL, JR. 


Project Director 


Project Director of Admin, 


Office of General Counsel 


Approval requested in 
Paragraph 6, granted, 


20K1A Director of Central Intelligence 
pS/pcl QM bes (12/16/57) 
Distribution: 
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